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ORDINANCE NO. 87-24 


AN ORDINANCE OF THE BOARD OF COUNTY COMMISSIONERS OF PALM BEACH 
COUNTY, FLORIDA. AMENDING ORDINANCE 85-40, ESTABLISHING AN 
UPDATED FIVE YEAR ROAD PROGRAM; MODIFYING THE LIST OF PROJECTS 
CONTAINED ON EXHIBIT "A"; PROVIDING FOR TITLE; PURPOSE- 
ADOPTION OF UPDATED FIVE YEAR ROAD PLAN; AFFECTS OF PLAN- 
MODIFICATION OF PLAN; FUNDING OF OTHER ROADWAY IMPROVEMENTS, 
INTERPRETATION OF EXHIBIT; REPEAL OF CONFLICTING ORDINANCES- 
SEVERABILITY; EFFECTIVE DATE. ’ 


NOW THEREFORE, BE IT ORDAINED BY THE BOARD OF COUNTY 
COMMISSIONERS OF PALM BEACH COUNTY, FLORIDA that: 

TITLE 

This Ordlnanca shall be known as the "Palin Beach County Five 
Year Road Program Ordinance". 

PURPOSE 

The Palm Beach County Comprehensive Plan, traffic circulation 
element, is designed to be used as a guide to meet existing and future 
ground transportation needs of the County including major roadways within 
incorporated municipalities. The element analyzes the primary 
transportation network within the County to determine system deficiencies 
and identify improvements. The plan is an attempt, based on the existing 
transportation system, the projected growth in population and daily 
traffic volume to meet the anticipated transportation needs to the year 
2000. 

The Board of County Commissioners now desire to codify in this 
Ordinance a reasonably attainable program of roadway construction for the 
next five years and match the construction of the projects with available 
funding. It is the further purpose of this Ordinance to encourage the 
prioritization of projects, provide for better timing of right-of-way 
acquisition and provide improved planning for financial funding 
mechanisms. 

ADOPTION OF FIVE YEAR ROAD PLAN 

The Five Year Road Program set forth in Exhibit "A", attached 
hereto and incorporated herein, is hereby adopted. 

AFFECTS OF PLAN 


The County Administrator and the County Engineer are directed 
to Implement the Five Year Road Plan by taking such actions as are 
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necessary to cause the construction of the roadway segments indicated on 
the Plan, make periodic reports to the Board of County Commissioners with 
regard to the progress of the projects and to bring all necessary 
agreements and budget amendments to accomplish the project to the Board 
of County Commissioners for consideration. 

MODIFICATION OF PLAN 

Each year prior to December, the Board of County Commissioners 
shall consider an amendment to this Ordinance modifying the list of 
projects contained on Exhibit "A" to create a viable list of funded 
projects for the succeeding five years. From time to time during each 
year, the Board of County Commissioners, by resolution, may shift funding 
within the program to promote the more efficient construction of the 
projects. Deletions, substitutions, and additions of projects from 
Exhibit "A" may only be adopted by Ordinance of the Board of County 
Commissioners. 

FUNDING OF OTHER ROADWAY IMPROVEMENTS, INTER PRETATION OF 

EXHIBIT ■ -- 

This Ordinance shall not be construed to prevent the Board of 
County Commissioners from constructing other roadway improvements which 
are not listed on Exhibit "A", provided the projects are funded from 
sources which will not delete or delay projects included on Exhibit "A". 

It is recognized that Exhibit "A" depicting limits of the 
various projects, length of projects, type of work, timetable and costs 
are approximations that will require modification and updating by the 
County Administrator based upon more detailed Information and bidding 
results; provided that the following changes may only be made by the 
County Commission; 

(a) Changes that increase or decrease the total approved 
appropriations of the program. 

(b) Changes requiring funding from a reserve account. 

(c) Changes increasing a Board approved project budget by more 
than five percent. 

(d) Changes which significantly affect the scope, nature, or 
phasing of a capital project. 
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REPEAL OF LAWS IN CONFLICT 

All local laws and ordinances applying to the unincorporated 
irea of Palm Beach County in conflict with any provisions of this 
)rdinance are hereby repealed. 

SEVERABILITY 

If any section, paragraph, sentence, clause, phrase, or word of 
:his ordinance is for any reason held by the Court to be unconstitu- 
lional, inoperative or void, such holding shall not affect the remainder 
•f this ordinance. 

INCLUSION IN THE CODE OF LAWS AND ORDINANCES 

The provisions of this ordinance shall become and be made a 
lart of the code of laws and ordinances of Palm Beach County, Florida, 
lie Sections of the ordinance may be renumbered or relettered to 
ccomplish such, and the word "ordinance" may be changed to "section," 
article," or any other appropriate word. 

EFFECTIVE DATE 

The provisions of this ordinance shall become effective upon 
eceipt of acknowledgement by the Secretary of State. 

APPROVED AND ADOPTED by the Board of County Commissioners of 
aim Beach County, Florida, on the 29th day of September ^ 19^7 

PALM BEACH COUNTY, FLORIDA, BY ITS 
BOARD OF COUNTY COMMISSIONERS 



Chairman 


PPROVED AS TO, FORM AND 



JOHN B. DUNKLE, CLERK 
Board of County Commissioners 

DEPUTY CLERK ^ 


By 


Acknowledgement by the Department of State of the State of 
Lorida, on this, the 8th day of October _, 19 87 


EFFECTIVE DATE: Acknowledgement from the Department of State 

iceived on the 15th day of October _, 1 9 87 . at 1:12 

■Z_'h., and filed in the Office of the Clerk of the Board of Countyii,,,, 

.o''"': V \ '-w c 


jmmissioners of Palm Beach County, Florida. 


•. r- .• , ’ 

STATE OF FLORiOA. BEACH; 

I, JOHN 8. C'J' <' j;;ic,'ciXierk-of "fhe • 

Board ot Coun’v thil^o 
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PALM BEACH COUNTY FIVE-YEAR ROAD PROORAM ( 


S - Stu<lv D - Dttslen R - R/W Acquisition C - Construction P - Psvmsnt 


PROJECT 

LIMITS 

DESCRIPTION 

FY 

COST- 

87-88 

PHASE 

10th Ava North 

Jojc Rd - Military Trail 

2 mi. a/5 L 

1.100 

C 

I8th St 

Turnpike Brldsa 

construct brldea 

2.600 

C 

22nd Ava NW 

Military Trail - Lawranca 

1 mi. 2 L 

500 

C. D 

22nd Ava NW 

1-95 Intarchanga 

intarchanea 



ft5th St 

Havarhill Rd - Villa«a Blvd 

1.1 ml. a/6 L 

3. 000 

R.C 

827A 

Bollas Canal Rd - 2 milas north 

2 mi. 2 L raconst 



Airport Rd 

East to Sam Santar Rd 

3 mi. 2 L raconst 

200 

D 

Airport Rd 

Turnins Lanas 

Intarsaction Improv 



Allsnmant Studlas 

Putura Thorouehfaras 

study 

350 

S 

Altarnata AlA 

Indlantown Rd - US 1 

1.5 ml. 6 L 



Australian/Consrass 

Gun Club - N of Southarn Blvd 

Intarchanea 



Australian Ava 

Southarn Blvd (SR 80) - PBIA 

.5 mi. 6 L 



Australian Ava 

PBIA - Old Okaachobaa Rd 

1.0 ml. 6 L 



Australian Ava 

Old Okaachobaa Rd - Palm Bch Lakes 

Blvd 2.0 ml. 6 L 



Australian Ava 

Palm Baach Lakas Blvd Intarsaction 

Intarsaction improv 

aoo 

c 

Baalina Hviy 

SR 7 Intarsaction 

Intarchanea 



Balvadara Rd 

SR 7 - Jog Rd 

3 mi. a L/6 L 



Balvadara Rd 

Joe Rd - Draxal Rd 

. 6 ml. a L/6 L 

100 

D 

BaQ.vadara Rd 

Military Trail Intarsaction 

Intarsaction improv 

600 

R.C 

Balvadara Rd 

Military Trail - Conerass Ava 

1.5 mi. 6 L 



Balvadara Rd 

Australian Ava Intarsaction 

Intarchanea 

500 

D 

Balvadara Rd 

Australian Ava - I 95 

.a ml. 6 L 



Blua Haron 

1-95 - Avanua S 

1.2 mi, 6 L 



Bollas Canal Rd 

US 27 - 2.5 milas East 

2.5 mi. 2 L raconst 

300 

R 

Camino Real 

SW 7th - SW 2nd 

.6 mi. aL 



Canal A 

Hillsboro Canal - Palmetto Park Rd 

dralnaea improv 

300 

D. C 


-1992) 
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Cost in Thousands of Dollars 


FY 88-89 FY 89-90 FY 90-91 FY 91-92 

COST-PHASE COST-PHASE COST-PHASE COST-PHASE 




1.000 

D 





300 

0 

500 

R 



2.000 

c 

3. 000 

c 







200 

c 







aoo 

s 

aoo 

s 

aoo 

s 

aoo 

s 



200 

D 

200 

D 

2.000 

R 



300 

P 

300 

p 

300 

p 





500 

D 



600 

D 

1. 100 

R 

7.000 

C 



500 

D 



2.000 

R 



aoo 

R 

1.000 

C 





250 

D 



500 

R 



600 

D 



2.000 

R 





300 

P 

300 

P 

300 

p 

350 

D 

3. 000 

C 

300 

R 



100 

D 

100 

R 



1 . aoo 

c 
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PALM BEACH COUNTY FIVE-YEAR ROAD PROGRAM ( 


S - Study D - OaBlen R - R/W Acquisition C - Construction P - Payment 


PROJECT 

LIMITS 

DESCRIPTION 

FY 

COST- 

87-88 

PHASE 

Center St 

Indiantovm Rd - SR 8ll 

2.3 ml. 

3 L 

300 

D 

Clint Moore Rd 

SR 7 - Lyons 

1 mi. 2 

L reconst 

ftOO 

R 

Clint Moore Rd 

Turnpike - 1 mile E of Joc/Powerllne Rd 

reconstruction 

200 

D 

Clint Moore Rd 

Broken Sound Pkvfy - E. Rocers Circle 

. 8 mi • 

U/5 L 

100 

D 

Concreas Ave 

Linton Blvd - West Atlantic 

l.a mi. 

U L/6 L 



Congress Ave 

West Atlantic - L-30 Canal 

1.7 ml. 

41 L/6 L 

3 . 600 

C 

Consress Ave 

L -30 to L -28 Canal (Add. to Hunters Run 

)1 mi, 6 

L 



Concress Ave 

L-28 Canal - Boynton Beach Blvd 

2.1 mi. 

ft L/6 L 

3.250 

C 

Concreas Ave 

N. of Palm Beach Lakes - ft5th St 

2.1 ml. 

ft/5 L 

1.500 

C 

Concreas Ave 

N. of «5th St - Port Rd 

. 6 mi • 

ft L 



Donald Rosa Rd 

SR 811 - US 1 

2.5 ml. 

ft L/6 L 



Downtovm Study 

West Palm Beach 

study 


50 

s 

Flavor Piet Rd 

SR 7 - Military Trl 

alienment study 

50 

s 

Folsom Rd 

SR 80 - Okeechobee Blvd 

1.5 ml. 

2 L 



Forest Hill Blvd 

SR 7 Intersection 

intersection improv 

700 

C 

Forest Hill Blvd 

SR 7 - Turnpike 

1.8 ml. 

ft L 

5. 000 

C 

Forest Hill Blvd 

Turnpike - Pinehurst 

1 mi. 41 

L 

1.200 

c 

Forest Hill Blvd 

E of Joe Rd - W of Military Trl 

1.7 ml. 

ft/6 L 

2.600 

c 

Forest Hill Blvd 

Military Trail - Concress Ave 

1.5 ml. 

6 L 



General R/W 

Countywide 

land acquisition 

1.050 

R 

Glades Area 

R&R Throuchout the Glades 

repalr/reconst 

700 

c 

Gun Club Rd 

Joe Rd - Haverhill Rd 

1.5 mi. 

ft/5 L 



Gun Club Rd 

Haverhill Rd - Concress Ave 

2.5 mi. 

ft/5 L 



Haverhill Rd 

Lake Worth Rd - Forest Hill Blvd 

2.3 ml. 

ft/5 L 

ft. 100 

R. C 

Haverhill Rd 

Summit Blvd - Southern Blvd 

1.0 mi. 

ft/5 L 

1 .300 

C 


-1992) 
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Cost in Thousands of Dollars 


FY 88-89 FY 89-90 FY 90-91 FY 91-92 

COST-PHASE COST-PHASE COST-PHASE COST-PHASE 


1.300 C 


1.800 C 


800 R 
2.000 C 


2.000 C 


1.000 C 


200 D 300 R 1.700 C 


300 R 2.000 C 

900 D 2.000 R 2.000 R 


200 D 


200 

D 



1. 500 

c 



1.600 

R 

2.800 

R 

3. 000 

R 

3.300 

R 

800 

C 

900 

C 

1.000 

c 

1.000 

C 
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PALM BEACH COUNTY FIVE-YEAR ROAD PROORAM (1988-1992) 
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S - study D - 

Deslen R - R/W Acquisition C - 

Construction P - 

Payment 







Cost In 

Thousands of 

Dollars 

PROJECT 

LIMITS 

DESCRIPTION 

FY 

COST- 

87-88 

PHASE 

FY 

COST- 

88-89 

PHASE 

FY 

COST- 

89-90 

PHASE 

FY 

COST- 

90-91 

PHASE 

FY 

COST 

91-92 

-PHASE 

Haverhill Rd 

Belvedere Rd Intersection 

Intersection 

Improv 

250 

R 



400 

C 





Hypoluxo Rd 

Joe Rd - Military Trail 

2 ml. n L 


700 

R 









Hypoluxo Rd 

Coneress Ave - US 1 

2.2 ml. 4/5 

L 

2.750 

C 









Indlentown Rd 

130th Ave - Jupiter Farms Rd 

3.1 ml. a L 








400 

D 



Indlentown Rd 

Jupiter Farms Rd - Turnpike 

2.5 ml. 4 L 


300 

D 



1.000 

R 



3 . 000 

C 

Indlantown Rd 

IntracoastaL Crosslne 

6 L crossing 




600 

D 



2 , 500 

R 



Intersection Prosrem Countywide 

Intersection 

Improv 

1.400 

C 

1.500 

C 

2.200 

C 

3. 000 

C 

3. 500 

C 

Jog Rd/Powerllne 

Yamato Rd - Clint Moore Rd 

1 ml. 4 L 




200 

D 







Joe Rd 

Morlkaral Entrance - Linton Blvd 

.8 ml. 3 L 


1 .900 

R, C 









Joe Rd 

Linton Blvd - W. Atlantic 

1 ml. 4 L 






200 

D 



300 

R 

Joe Rd 

S of Lake Ida Rd - Lake Ida Rd 

1 ml. 2 L 


50 

D 

200 

R 



300 

C 



Joe Rd 

Lake Ida Rd - Boynton Beach Blvd 

4 ml. 2 L 






600 

D 





Joe Rd 

Hypoluxo Rd - Lantana Rd 

1.2 ml. 4 L 


100 

R 









Joe Rd 

Lantana Rd - Melaleuca Lane 

1.2 ml. 4 L 


200 

R 









Joe Rd 

Melaleuca Lane - Lake Worth Rd 

.8 ml. 4 L 








1 . 600 

C 



Joe Rd 

Forest Hill Blvd - Southern Blvd 

1 ml. 4 L 


200 

D 

300 

R 



3 . 700 

C 



Joe Rd 

SR 80 Intersection 

Intersection 

Iraprov 

400 

C 









Joe Rd 

SR 80 - Okeechobee Blvd 

2 ml. 2 L 




1.100 

R 



6.000 

C 



Joe Rd 

Qould - Roebuck Rd 

2 ml. 2 L 






200 

D 



300 

R 

Joe Rd 

Roebuck Rd - ft5th St 

1.6 ml. 2 L 








800 

D 



Kirk Rd 

Lake Worth Rd - SR 80 

4 ml, 4/5 L 






500 

D 



2.000 

R 

Lake Ida Rd 

Hasen Ranch Rd - Jog Rd 

1 ml. 2 L 


100 

D 

700 

R 





900 

C 

Lake Ida Rd 

Jog Rd - Military Trail 

2 ml. 2 L 




600 

R 





2.000 

C 

Lake Worth Rd 

SR 7 Intersection 

Intersection 

Improv 

700 

P 









Lake Worth Rd 

SR 7 - E of Turnpike 

2 ml. 4 L 


275 

D, R 

3. 900 

C 







Lake Worth Rd 

Turnpike - Jog Rd 

1.7 ml. 6 L 


100 

D 

100 

R 
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PALM BEACH COUNTY FIVE-YEAR ROAD PROGRAM (1988-1992) 


PAGE H 


S - study D - 

Deaicn R - R/W Acguiaition C - Construction P - Payment 







Cost in 

Thousands of 

Dollars 

1 

PROJECT 

LIMITS 

DESCRIPTION 

FY 

COST- 

87-88 

PHASE 

FY 

COST 

88-89 

-PHASE 

FY 

COST- 

89-90 

PHASE 

FY 

COST- 

90-91 

PHASE 

FY 

COST 

91-92 

-PHASE 

LAke Worth Rd 

Jos Rd - Military Trail 

2 mi. 6 L 



100 

D 

100 

R 

2 . 000 

C 



Lake Worth Rd 

Military Trail - Consreae Ave 

2 mi. 6 L 







1.100 

C 



Lantana Rd 

Hasen Ranch Rd - Military Trail 

2.5 mi. a L 

1.000 

R 









Lantana Rd 

Consrees Ave - 1-95 

1.5 mi. 6 L 

2.000 

C 









Linton Blvd 

w of |Jos Rd - W of Military Trail 

1.2 mi. ti L 

300 

D 



1.000 

R 



3 . 000 

C 

Lyona Rd 

Kimberly Dr - Clint Moore Rd 

1 mi. 4 L 

100 

R 

500 

C 







Marclnakl Rd 

US 1 - County AlA 

.2 ml, 5 L 

300 

C 









Marina Blvd(l8th 

St) East of SR 7 

.3 ml. U L 



500 

R 

1.000 

C 





Melaleuca Lane 

Military Trail - Consress Ave 

1.5 mi. U/5 L 

200 

D 



1.100 

R 

2.100 

c 



Mercer Ave 

Belvedere Rd - Australian Ave 

.4 ml. 4/5 L 









600 

R 

Military Trail 

Hillsboro Canal Bridse 

6 L bridse 



Broward 

Expressway Authority 

Joint Project 



Military Trail 

West Atlantic - Via Delray 

1 mi. 6 L 

1. 500 

C 









Military Trail 

Via Delray - Steiner Rd 

1.8 mi. 6 L 

200 

R 

2.600 

C 







Military Trail 

Old Boynton Rd - Miner Rd 

1.5 mi. 4 L/6 L 

2 .500 

C 









Military Trail 

Miner Rd - Hypoluxo Rd 

1.5 mi. 4 L/6 L 

1 . 565 

C 









Military Trail 

Hypoluxo Rd - Melaleuca Lane 

2.4 ml. 4 L/6 L 

2.000 

R 

5.500 

C 







Military Trail 

Melaleuca Lane - Lake Worth Rd 

.8 mi. 4 l/6 L 



1.800 

C 







Militax»y Trail 

Okeechobee Blvd - Roebuck Rd 

2 mi. 6 L 





300 

D 



300 

R 

Military Trail 

Roebuck Rd - ft5th St 

1.6 mi. 6 L 





300 

D 



300 

R 

Military Trail 

Blue Heron Blvd - PGA Blvd 

4 ml. 4 L/6 L 

200 

R 

4.100 

C 

3 . 200 

C 





Military Trail 

Hood Rd - Jupiter Lakes Blvd 

4 mi. 4 l/6 L 





300 

D 



100 

R 

Military Trail 

Jupiter Lakes Blvd - Indiantovfn Rd 

.7 ml. 4 L/6 L 

1,000 

C 









Miner Rd 

Consress Ave - Hish Ridse Rd 

1 mi. 2 L 

100 

D, R 

800 

C 







North County 

Intracoastal Waterway Crossinss 

feasibility study 

200 

S 









Northlake Blvd 

Seminole Pratt Whitney to Existins 

4.7 mi. 2 L 



200 

D 



450 

R 

4.700 

C 
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PALM BEACH COUNTY FIVE-YEAR ROAD PROGRAM ( 


S - Study D - Deslsn R - R/W Acquisition C - Construction P - Payment 


PROJECT 

LIMITS 

DESCRIPTION 

FY 

COST 

87-88 

-PHASE 

Northlake Blvd 

Beeline Hwy - Military Trail 

3 ml, a L 



Northlake Blvd 

Bridse 3/4 mile west of US 1 

6 L bridse 

275 

C 

Ocean Ave 

Lantana (reconstruct bridse) 

bridse 

300 

C 

Okeechobee Blvd 

Crestwood Blvd - SR 7 

2.0 ml, U u/6 L 

600 

D. R 

Okeechobee Blvd 

SR 7 - Golden Lakes Blvd 

2.3 mi, 4 L 

2.000 

C 

Okeechobee Blvd 

Turnpike - Haverhill Rd 

8 L 

1.000 

R 

Old Boynton Rd 

8 Lawrence Rd 

drainase iroprov 

450 

D. C 

Old Boynton Rd 

Military Trail - Knuth Rd 

1.7 ml, 4/5 L 

300 

D 

Old Boynton Rd 

Boynton Beach Blvd Intersection 

Intersection improv 

210 

C 

Old Dixie Hwy 

South of 18th St - Camino Real 

.9 ml, 4/5 L 

1.600 

C 

Old Dixie Hwy 

Palmetto Park Rd - Glades Rd 

.7 ml, 4/5 L 

6 . 800 

R. C 

Old Dixie Hwy 

SR 811 - North County Line 

1 ml, 4/5 L 

300 

R 

Palmetto Park Rd 

.5 mile West of Powerline - 1-95 

2.7 ml. 6 L 

2.500 

C 

Palmetto Park Rd 

1-95 Interehanse 

.2 mi. 6 L 

1.700 

C 

Palmetto Park Rd 

1-95 - West 12th St 

.5 ml. 6 L 

1.000 

R. C 

Palmetto Park Rd 

W. 9th Ave - US 1 

1 ml. 6 L 



Pathway Proeraa 

Countywide School & Recreational 


1.000 

D. R. C 

PBC Permit Center 

% Associated with Road Prosram 


500 

D 

PGA Blvd 

Beeline Hwy - PGA National 

3 mi, 4 L 



Prosperity Farms Rd 

10th St - Northlake Blvd 

.2 ml. 5 L 

100 

R 

Prosperity Farms Rd 

Northlake Blvd - Burns Rd 

.9 mi, 3 L 

100 

R 

Pz^sperlty Fajrms Rd 

Burns Rd - PGA Blvd 

1.6 mi. 5 L 

200 

R 

Reserve for Plans 

Countywide 




Roebuck Rd 

Jos Rd - Haverhill Rd (TPK X-lns) 

1.7 ml. 2 L 



Sem Pratt Whitney Rd 

SR 80|- Beeline Hwy 

11 mi. 2 L 

200 

S 

Sem Pratt Whitney Rd 

M Canal - Northlake Blvd 

4 ml. 2 
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Cost in Tht»UB»nds of Dollsrs 


FY 88-89 FY 89-90 FY 90-91 FY 91-92 

COST-PHASE COST-PHASE COST-PHASE COST-PHASE 

800 D 


2,600 C 


1,000 R 


3,500 C 


1,100 R 2,500 R,C 


1,000 D,R,C 1,000 D.R,C 
2,000 C 

noo D 

500 C 

1,000 C 

1,000 c 


600 D 


500 D 


000 D 

1,000 D,R,C 1,000 D,R,C 

500 R 


2,000 D 2,000 D 

500 R 

1,000 R 0,000 C 
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PALM BEACH COUNTY FIVE-YEAR ROAD PROGRAM (1988-1992) 


I 


S - study D - 

PROJECT 

Daaicn R - R/V Acquisition C - Construction P - Payment 

LIMITS DESCRIPTION 

FY 

COST- 

87-88 

PHASE 

FY 

COST- 

88-69 

PHASE 

SR 7 

Kimberly Blvd - Yamato Rd 

.8 1 

ni. 

n L 


200 

D 

100 

R 

SR 7 

Lake Worth Rd - SR 80 

a.6 

mi. 

a L 


500 

D 



SR 7 

Okeechobee Blvd - North County Line 

9.0 

mi. 

a L 


aoo 

S 



Suanlt Blvd 

Jo8 Rd - Haverhll-l Rd 

2.1 

mi. 

a/5 

L 



300 

R 

Wsst Atlantic Ave 

JoK Rd - 1-95 

3.7 

mi. 

6 L 


aoo 

D 



woolbrlsht Rd 

East of Military - Quail Run 

1. a 

mi. 

2 L 


100 

R 



W. Sucarhouse Rd 

Curlee Rd - New SR 80 

1.1 

mi. 

2 L 


200 

D.R 

800 

C 

Yaaato Rd 

Turnpike Bridse 

.3 1 

ml, 

6 L 




200 

R 


PAGE 6 


Cost in ThnuBAndp of Dollars 


FY 89-90 FY 90-91 FY 91-92 

COST-PHASE COST-PHASE COST-PHASE 


1.000 C 
1.000 R 

2.000 C 

2.000 C 

tl,U00 C 


1.000 R 


1.000 R 


6.000 R.C 


EXHIBIT A, ORDINANCE 85-40 
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